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Enclosed are **y (6) copies of the IRAK SCHEDULE as revised 
9 September I960 to reflect the loss of Serial 387 and transfer 
of 349, 367 and 359 from the Project to FOG* Following are 
sanmarisod the changes slnoe the issue of 10 3vs» i 


1* Serials 348 and 390 are reversed at the request 
of Sol Hi© and delivery of 390 is delayed one 
week to 19 September because of late arrival at 
Boz^ahk* 

2* All Project aircraft are deleted free the schedule* 

3* Serial 387 is deleted from the schedule. 

4* Serial 349 is shown as repaired, modified to 
FOG configuration, IRAJfed and delivered to 
ARDC on 14 November* 

5* Serial 367 is shown as modified to FOG 

configuration, IRAKed and available for piekup 
on 21 November* 

6* Serial 359 is shown as modified to FOG 

configuration , IRAKed and available for fltakttp 
on 19 Deoeotoer* 

7, All other input and delivery dates for Del Rio 
and ARDC aircraft remain unchanged at this time. 


the transfer of additional aircraft to FOG becomes firm, 
a further revision to this schedule will be necessary* 

lours very truly. 
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